5)   Floors:

a)   Existing floorboards and stringers should be
removed.

b)   Excavate to the bottom of the sill timbers.

c)   Excavate a 4 inch to 6 inch deep trench
north to south down center of foundation.

d)   Set 4 inch x 6 inch treated timber on the
undisturbed soil (bottom flush with bottom of sill timbers.

e)   Attach 2 inch x 6 inch rim joists to east
and west sill timbers, flush with top of sills.

f)    Toenail 2 inch x 6 inch joints 16" on
center flush with rim joists.

g)   Floor boards (1 inch x 8 inch) nailed to

joists with 12d nails - stagger the butt joints at least 2 joints on
each adjacent board.

6)   Windows and Doors:'

a)  Install window frame and sash in west wall.

b)    Set glass in east and west windows with
glazing points and seal with glazing compound.

c)   Replace hinges and install clasp on porch
door.

bb.  Alternative "B"

1)  Addition on West Side:

a)   Jack up addition walls and remove all logs
below grade.

b)   Excavate 10 inches to 12 inches below grade
under the walls and fill trenches with 4"-6" of gravel.

c)   Set 6 inches x 6 inches treated timbers on

the gravel.  (Top should be flush with top of sill timbers of main
cabin.)

,_ , c                                              d)  RiP bottom logs of north and south walls in

half so that they rest flat on the sill timbers.

.   ,.rt .  L ,      e>  Attach bottom logs to sill timbers with #4
rebar (10 inch lengths).
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